The  COMMITTEE,  appointed  to  prepare  an  account  of  the  mo- 
nies received  from  the  Legiflature  of  Pennjylvania,  towards  erecl- 
ing  additional  buildings  to  the  Pennsylvania  Hofpital,  andfmfh- 
ing  the  fame,  and  of  the  expenditures  of the  faid  buildings— RE- 
PORT, 

That  by  an  account  rendered  the  30th  of  the  ifi  month  1797,  it  appears  there 

was  paid  to. that  time                   -  -            £14,618.8.71-2 

Since  which  there  has  been  expended  as  follows  : 

for  Ironmongery  and  Smiths  work  igo-i^    5 

Stone  Mafon  and  Stone  Cutters  work  837.   o.  8 

Bricks  and  Brick  laying  635.  2.  8 

Copper                 -            s            -  346.  4.  o 

Carpenters  work                 -  718.19.  o 

Painting  and  Glazing               -  375.  o.  o 

Labourers  wages             -              -  °5'l2»  6 

Scaffold  Poles  and  Ropes         -             -  35.  2.  3 

Lime  Sand  and  Carters  bills             -  197.1 1.  8 

Beer  for  the  whole  time  and  railing  65.16.10 

Lumber             -                    -            -  697.  8.  8 


4264.11.8 

£18883.0.31-2 


That  there  has  been  RECEIVED,  towards  the  above — 
From  the  loan  office  funds  of  1773,  part  of  the  legifla- 
tive  grant  often  thoufand  pounds,  of  which  2303.5.11 
is  yet  uncollected  -  -  7696.14.1 

And  from  C.  Febiger  late  treafurer  of  the  (late,  25000 

dollars  -  -  9375-  °-° 

1 707 1. 14. 1 


This  fum,  paid  more  than  received  from  the  legiilature,  is 

borrowed,  viz.                -                          -                   ,  -  £1811.6.21-2 

On  accounts  not  fully  fettled,  it  is  fuppofed  there  may  be  due  2000.0.0 

To  complete  the  eftimate  of  the  building,   it  will  require  4570.5.2 


From  this  fum,  which  is  the  aniount  of  the  eftimate  rendered 

laft  year,  viz.  -  -  -  £8381.11.41-2 

DEDUCT 

The  balance   of  £10000  given  from  the  loan  office  fund,  which 

is  to  be  applied  to  the  building,  when  collected,  viz.  2303. 5. 11 

And,  there  will  then  be  wanting,  in  cafh,  tofinim  the  Hofpital,  be- 

fides  the  balance  of  the  loan  office  fund  -  -  6078.5.5  1-2 


, THOMAS  MORRIS, 
SAMUEL  CLARK, 
Philadelphia,  12  mo.  18th,  1797.  THOMAS  PENROSE, 

JOHN  DORSEY. 

Tfanfcribed  from  the  minutes,  by  order  of  a  board  of  managers,  for  the  infor- 
mation of  the  members  of  the  legiilature  of  Pennfylvania. 

SAMUEL  COATES,  Secretary 

PRINTED  BY  JOHN  BENNO. 
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